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NBOOTIATED CONTRACT Generar PRECISION LABORATORY Contract No. HF- 6524 


General Precision Laboratory, Incorporated 
63 Redford Road 
Plegsantville, New York 


Contract for: NotePersoneal Contract snounts FOIAb3b1 


Technical Services Personnel 


Mail Invoices to: Performance Pe 


riod/Deli very 
17 Merch 1957 thru 30 June 1957 


administrative Data: 


This contract is entered into, by end betveen the ‘United States of 


Azerica, hereinafter called the Government, represented by the Con- 
tracting Officer executing this contrast, end the above-named Con- 
tractor which ia ea Corporation, incorporated in the State of New 
York, hereinafter called the Contractor, 


The Parties hereto agree thet the Contractor shall furnish the neces- 
sary personnel and shall perform all ibe services set forth in the 


atteched achedule iasued hereunder for the consideration stated therein, 


The rights and obligations of the parties to this contract shall be 
subject to and governed by the attached Schedule and General Previ- 
aiens, which together with thie signature page and the accompanying 
certificate comprise thia Contract No. HF -6524, In the event of any 
inconsistency between the Schedule and the General Provisions, the 
Schadule shall control. 


IN WITNESS WHERFOF, the patties hereto have exeeuted thie contract as 
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CERTIVICATE 


= certify thet I am 
the Assistant Secretary of the Corporation named as 
| FOIAb3a 
signed this contract on behalf of the Contractor was then 
Execs Vice President & Gen.Mgrof said Cerporation; that. said 
cantract was duly aligned for and in behalf of said Corporation 
by authority of its governing body, and is within the seope of 


ite Carporate povere. 


(Corporate Seal) 
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Contract Ho, HF -6524 


SECTION A ~ SERVICES TO BE PERFORMD . 2. we ee se ee ee 2b 
SECTION B = CONSIDERATION AND PAYMENT 4 cc te ee ee ee 
SECTION GC ~ PERIOD OF PERFORMANCE 0. ee ee we ee ne 
SECTION D ~ SUPERVISION, ULITIZATION AND ADMINISTRATION . . 
GECTION B= PRIVIIZGES 20 ww eet ee ee eee 
SECTION F — OVERSEAS SERVICE on ew ee ee te hee 
SECTION G ~ WAIVER OF REQUIREMENT OF GRRERAL PROVISIONS ,. 
SECTION HE — SPECIAL SECURITY RESTRICTIONS . 4. 2 es we eee 
SECTION I ~ TRANSPORTATION... wea eee eee ena ee 
SECTION J ~ UNTFORME . 2 cee ee te te wee ee 
SECTION Hw ANTICIPATORY COST 2c ct tee eet ew wes 


pe FF Ve we ww! RP OM oe oF oe 
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Contrast So. HF- 6524 


; 


The Contractor shall furnish the services set forth in /the 
attached Appendix I, such Appendix I being a part of the Schedule | 
wider this Contract, to assist in the installation, maintenance, i 
repair end overhaul, within the continental limits of the United | 
bankers or overseas, of equipment specified under Item 1 of 


+ 


1. In consideration of the Contractor's performance of the 
services hereunder, the Contractor shall be paid monthly at the 
rates set forth in the atteched Appendix I for each month of such 
sexrvioes in accordance with the Clause entitled "Payments" of the 
attached General Provisions. Fractional parts ef a month shall 
te prorated on the basis of the mumber of calendar days services 
are performed in any calendar mnth to the number of days in that | 
month. 


2. It ia understood that time necessary for Contractor 
personnel to proceed from the plant or plants of the Contractor | 
to the site or sites for the performance of services hereunder shall 
be considered as time spent in the performance of services hereunder. 

It ie alao understood that the tims necessary for the transfer of 

Contractor personnel between different sites for the performance of 

services hereunder and time necessary for the return of such personnel ! 
te the plant of the Contractor shall be considered as time spent in : 
the performance of services hereunder. | 


3. de of the date of execution of this contract there has bean 
allocated for this contract the amsunt of The total emount FOIAb3b1 
payable to the Contractor under this contract not exceed this 
amount without written authorisation from the Contrecting Officer, 

The Contractor shall notify the Contracting Officer when 85% of the 
total allocated funde above have been expended. 


This contract shell be effective as of 17 March 1957. The 
Contractor shall net be required te perform any services hereunder 
after 30 June 1957. However, the period of performance may be 
extended upon mutual agreement by the parties, 


SECTION D — SUPERVISION, UDLLIZATION any A 


1, Centractor's personnel shall at all times remain as employees | 
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Contract No. HF -6524 
of the Contractor and be under ite administrative control. Hovever, 


offileers or persons. 


t 
Z. Contractor rsonnel must be available for reassignmen 
within the sey fe linite of the tmited States or overseas 
wpon reasonable notice. 


SECTION E ~ PRIVILEGES 


. Contractor's reonnel assigned to Air Force activities 
Peep nee sume privileges a3 an Air Fores Captain with - 
regard to bachelor officer quarters accommodations, lecal transportation 
and messing. Contractor's personnel may ban cd family type 


y thet are charged occupants .e tery ¢ an Air 
ts who are of militery rank of an 
Force Ceptedn or the equivalent. Said rental charges will be determined 
by appropriate provisions of sFE 93-2. 


. ay 

2, Exohange privileges are not authorised for Contractor 
personnel see otisnn may be granted only where extrem hardahip ‘ 
per eeteniiabad under provisions of AFR 127-8 and 14%=9 vhere "Status ©: 
Forces Agresnents" pernit. 


Geermiesary pri eg are not authorised for Contractor's 
pe 2 Sas granted only vben specifically end 
Vpdividusily justified to and epproved by the Secretary of 
Air Fores in aecordance with AFR 145-15. 


All Contractor's personnel who are officially ace 
as such ty the Air Force nay be provided necessary medical eee 
Air Force medical treatment facilities as authorized by AYR 160-73. 


4, The above privileges will not be accorded dependents of 
Contractor's persomel. 


ached Appendix I. Further, the Contrecting Officer may, upon 
weet of the Contractor, transfer Contractor's personnel to other 


-2= 
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oversess aren requiring technical services of the Contractor's 
personnel. Each transfer requires that the Contracting Officer 
notify the Contractor thirty days prior to the trensfer. Sach 
notification may be given after transfer if the Contracting Officer 
deterting that the period of notification required would prevent 
efficient use of the personnel services. 


Notwithstanding the requirements of any of the General 
provisions of this contract te the contrary, whengoever the 
Contractor, in performance of the work undar this contract, shall 
find thet the requirenents of any of the clauses of the Generel 


Provisions ere in conflict with seourit, 4netructions to 
the Contractor by the Contracting Officer or by his mithorized 
representative for security mettere, the Contracter eall the 


attention of the Contracting Officer to such conflict and ths 
Contracting Officer or his duly authorised representative for 
sewurity matters ahall (1) modify such x 
manta er (i) the Contracting Officer shall issue ts the Contractor 

a waiver of compliance with the requirements of the General Provisions 


Officer ef any subcontract issued hereunder by the centractor shall 
be deemed to constitute roval of waiver of any clause of the 
General Provisions in conflict with the stipulations of such 
subcontracts. 


SECTION FE = SPECIAL SECURIIS Bieaa 


The Contractor ahell not revesl (4) the specific nature of 
any detaiie of the work being performed hereunder or (44) any 
information whetaoever vith respect to the of the 
Gevernnent. sponsoring this contrect end the work thereunder except 


by the Contrasting Offieer or by his duly authorised representative 
far pecority matters. And notwithstanding any clause or section 

ef this contract to the contrary, the Contractor shall not interpret 
any clause or section of this contract as requiring or persitting 
Givulgence of such information to any person, public or private, or 
to any officer or department of the Government without the express 
sonsent of the Contracting Officer or his dely suthorised, repr tative 
fer security matters, 


SECTION T ~ TRARePOR TALL 

1, Transportation which is easential to the ecconplishment of 
required services will be furnished by the Government. For purposes 
of definition such essential transportation will ineluds transportation 


ea 
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for only those personnel rendering services and thelr baggage 

and for any equipment. to be furnished by the Contractor, from 

the Contractor's plant to the aite or sites of work, at the site 

of work while on official business between the sites of work, 

and return to the plant of the Contractor. Government transportation 
facilities for essential travel will be provided only for official 


military unit ecomender. Normally, Governaent transportation 
requeate will be iesued for procuring commerical trengportation 
spencmcatsene. 


Ze In cases whore the Covernuent does not provide such — 
exxential transportation and the Contractor, upon receipt of 
proper approval, furnishes the necessary transportation, this 
expense ahall be ax allovable ites for reimbursement at the 
actual and reasonable costs thereof, Authorisation for reimbursable 
travel will be limited te that which is essential to the accomplishment 
of the required services and auch authorization dess net include 
sxthority for the trensportation of dependents, household goods 
or privately owned vehicles, 


SECTION J ~ DNIPORMS 


1. ‘The Air Force uniform is not mithorised for wear by the 
Contractor's personnel in the continental limits of the United 
States. The uniform will be worn in oversess theatres when prescribed 
by the theatre commander and then in the manner as outlined in T, 0. 
00-25-1794. Any such required Air Force Uniform will be 
from the Air Force clothing sales stores under the authority 
in accordance with procedures outlined in paragraph 3.207), aeccss 
5, Volume I, AFM 67-1, Specific items and quantities will be 
ae eee re commander in accordance with paragraph 22, 
Section 5, Volume IZ iFM 67~1, Reimbursexent olaime fer required 
uniform purchases will be substentiated by receipted sales slips 
(aF Form 656). Total reimbursement for uniforms for each contractor 
personnel will net exceed $100.00, 


2. Organisational and field ade and igen reg plus itens 
of special olothing and equipment uay be issued by the using Air 
Force activity as considered necessary for the performance of required 
services. The issued articles will be returned to the issuing office 
prior te reassignment or rotation. 


SROTION K = ANTICIPATORY cosra 


B31 costa which heve been incurred by the Contractor on or after 
1? March 1937, in enticipation of and prier to the signing of this 
contract, and which, if incurred after the sigaing of this contract, 
would have been considered as allowable charges hereunder, will be 
eonsidered to have been incurred under this contract and shall be 
payable hereunder. 
hw 
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